CONTRACT REVIEW SHEET 



Person Sending: l^Jr^^^^ 


Department Name: ti&5. 


Date Sent: g^j zrz f *sx$ 



The attached: (circle one) 

Contract Amendment #Jj^ 

INCOMING FUNDS? YES NO (CIRCLE ONE) 



Grant 



Lease Intergov't Agreement 

ion 



Contractors 
Name: 



Pate From: 5]\ | DateTo: Q pit U O^LJ 




Amount of Contract or Amendment: 



3 ^e^.^f- 



lf an Amendment, New Contract Total - 



Certificates of 


Liability 


Workers Comp 


If no insurance attached, why not? 


Insurance 


(circle one) 


(circle one) 




Attached: 




Yes No 




Yes No 





Process taken to select contractor: 

Verbal quote: Written quote:_ 

(Attach copy for reference) 
Description of Contract Services: 



RFP: 



Competitive Bid: Renewal: 







Date Contract Received: < 2 1 - CO 


Date Scheduled on BOC Agenda: j^^Ui i<tUl L?U j&0 


Authorization for Health Administration to 
sign on behalf of BOC: 

yes |^°/ 


Additional Comments: ( P 











Staff Review Signature*: 

Contracts(^rj})rclinator date Legal Counsel date 



Risk Manager date 



Review. CON 8/99 



AMENDMENT* 16 



TO 



CONTRACT FOR SERVICES FOR MA$i n *, 
ARBUCKLE COSTIC ARCHITECTS, INC. S£Ry^ 



u "os 2m UJj 



The contract for Services between Marion County and Arbuckle Costic Architects dated May 1 , 1 999, is 
amended as follows: 

Additional Services to modify plans to add a urinal to Mens Room 1272. 

See attached letter dated May 18, 2000 for more details. 

All other provisions of the original agreement remain unchanged and in effect. 

Signed this [Ep^ day of 



Arbuckle CostkfArchitects, Inc. 




Title: 



Date: 



2oDo 



Marion County 




Billy Wassbn 

Salem Area Transit District 




Tax ID #93-1228023 



A proved 



to Form: 



Coritia&ts Coordinator 



Date: 



Legal Counsel 

3 ( fou?^ jL&exs 



Date: 



Kirn Arbuckle, AlA 

May 18, 2000 ^ an E Co S IC A,A 




Walter E Bensman, Jr.. AlA 
Clayton Vorse, AlA 
Mark M. Foster, AlA 
Leonard Lodder, AlA 
Richard S. Rothweiler, AlA 



John Whittington ARBUCKLE COSTIC ARCHITECTS, INC. 

Project Co-Coordinator 363 State Street 

Salem Area Mass Transit Salem, OR 9730 1 3533 

3140 Del Webb Avenue NE 503/581-4114 Fa x: 503/581-3655 

Salem, Oregon 97303-4165 mmmmmmm+mmm 

RE: Additional services required for the addition of a urinal to Mens Room 1272 
Courthouse Square 
Project No. 9828.170 

Dear John: 

to ^'SSJi *° lfer addit i" al Se ^ iceS t0 modi,y desi 9" of toe Ground Floor Men's Restroom #1272 in order 

Our fees for these services will be as follows: 

Architect $420.00 

Engineer 400.40 

Subtotal $820.40 

Overhead at 1 0% 82.04 

Total Fee $902.44 

Sincerely, 



Leonard Lodder, AlA 
Architect 

LLIb 

cc: Craig Lewis, Melvin Mark Development Company 
Billy Wasson, Marion County 

9828.1A 



TO: Arbuckle Costic Architects, Inc. 




i,Manon County John V^hjttington, Salem Area Mass Transit 




